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CONSTRUCTION 4 WEEK SCHEDULE — STARTING WEEK OF MAY 2ND, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 
CONSTRUCTION ACTIVITIES: 
- Building E & Salt Shed - Continue Excavation and Backfill of Foundation age ee 
- Building E & Salt Shed - Continue Installation of Foundations 
- Building E & Salt Shed - Continue Removal of Obstructions for Foundations 
- Building C - Continue Rough Sprinkler 
- Building A - Start Installation of Windows 
- Building A - Start Installation of Metal Copings 


PUBLIC IMPACTS: 
- Sidewalks along Grove Street have been altered. 
- During sitework, trucks will be entering and leaving the site regularly. 


G Commodore fe, | Weston (&)Sx Impson 
= Builders » PROJECT MANAGEMENT 


Arlington DPW Facility 
Project Photos — April 2022 





Photo # 2 — Utility Work in Progress (4/5/2022) 
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Arlington DPW Facility 
Project Photos — April 2022 








Photo #4 — Ground Improvements in Progress (4/7/22) 
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Photo #6 — First Concrete Footing Pour in Progress (4/20/22) 
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Photo #8 — Forming of Foundation Walls in Progress 
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